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DPD=«2242~60 
15 June 1960 


ACTIVITY PROGRAM 


1. PURPOSE: To transfer funds from the Helio Support Program (Item 5 
under Section II, Materiel, on page six of TS-155407) to Perkin Elmer Contract 
SC-5642 (Item 14 under Para 2, Materiel, page two of the CHALICE Program in 
the aforementioned document). 


2. Description of Work or Services Required: Perkin-Elmer has exper- 

Lenced an overvun in their Contract SC-5 iia the amount of $20,000. It was 
- assumed by the contractor that a normal amount of general repair on tracker 
cameras in the tracker overhaul program would be much less than that which they 
are experiencing. The condition of subject trackers requires replacement of the 
entire optical assembly plus extensive rework, repair and replacement of other 
parts. In addition, # resolution on subject camera has not been up to standards 
and each unit is being refocused and. realigned. All overhaul items are being 
environmental tested for temperature and altitude prior to shipment to insure 
performance and reliability in the field. Testing is presently being done at a 
commercial laboratory at a cost of $150.00 per unit. 


3. Expected Additional Work or Services: None 
hk, Total Estimated Cost: 


SC-5642 = Amount required for remainder of FY 60 $20, 000 
Programmed Helio Support Program  " wi oe 2,000 
Helio Program anticipated requirements" ""  " 2,000 

ned Excess to be transferred 


firds ave dvajleble ma 6-15-40 
5e Delivery Schedule or Period of Performance: Remainder of FY 1 25X1A 


6. Remarks: None 
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ACTIVITY PROGRAM: Transfer of Funds 


CONCURRENCE: 


, NLEY W. 


Acting Chief, DPD-DD/P 


: er RECOMMENDED—FOR-APPROVAL: 


25X1A 21 JUN i960 


RICHARD M, BISSELL, q 
Deputy Director (Plans) 
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